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SAFC. 26009 


of 


Contract No. ING-143 
Amendment No. 3 


[APR 14 1958 


Rochester, New York 
Gentlemen: 


1. This document constitutes Amendment No. 3 to Contract No. 
=e ‘setuaen teste Kodak Company and the United States of 
LOB. 


2. Tn acnordance with the clause of this contract entitled 
"GHANGES" and. mutual agreement between the parties hereto, the 
contract ia further amended in certain partioulars as followa: 


a ‘The following additional work is added to SEGIION A - 
CONTRACT WORK, WORK, in the contract achedule: 


Incorporate into each of the seven (7) Camera 

Processors being fabricated hermmder the 
additional features referred to in Contract we 
propesal of 17 February 1958, for improving the 
capabilities of the equipment, in aasordance 

with agreements bebween the Gontractoy and the 
Contracting Officer's technical representatives. 


b. Sn BECETON C - ESTIMATED PIRED-~BES, of the contract 
schedule, Paragrephs 1 and fel i the Following paragraphs” . u 
axe substituted therefor: 4 

1. The estimated cost of the performance 
of this contract, exclusive of the Mixed-fee is | or 
ONE HUNDRED FIRTY-NINE THOUSAND TWO HUNDRE . 


SEVENTY-SEVEN DOMIARS (41.59,277). 


3. 
25X1A_—s prtae ia increased by 
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SECRET ~ 


hk, All other terms, conditions and requiremente of Cantract 
No. ING-143, as amended, remain unchanged. 

5. Please indicate your receipt of this Amendment No. 3 to 
Contract No. INC-143 and your acceptance thereof by executing the 
ee ae ge ce ar tite ka Return the fully 


executed original and one copy of this Amendment to the undersigned 
and retein the remaining scopy for your files. 


Very truly yours, 


Cl ™ 


Gentracting Officer 


25X1A5A1 


"ITER Vice President & General Manager 


DATE April 22,1958 


at 


& 3. ety 
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